Construction Delivery Plans 

This document gives an outline of works to be done in the key areas of land contamination, land 
stability, drinking water and sanitation and a timeframe that they will be executed subject to 
planning approval. 

As a summary, all works will be completed within 6 months of planning permission. 
Land Instability 

The Coal Authority has requested that there be a fence erected at a radius of 20m from each adit 
site (excluding areas of MoD development). This will require the following work: 

1. Clearing brash and any items within area - 1-5 days 

2. Construct a wire fence with wooden stakes around each adit - 1 day per adit 

This is work for one or two people for one to three weeks (there are 4 adits). This should be 
completed within 3 months of planning permission. 

Land Contamination 

Land contamination remediation works will be carried out by a suitable contractor, commencing 
within one month of permission, subject to contractor availability. The details of the remediation 
strategy can be found in the geoenvironmental report but a summary of work is as follows; 

1. Additional soil samples to be taken and analysed in and around the depot area to determine 
the extent of pollution - 1-3 weeks 

2. Soil to be either removed to a suitable facility or dealt with on site using a bioremediation 
strategy as advised by competent body - 1-4 weeks 

Works should be completed within 6 months of planning permission. 
Water Quality 

A water system is already running which provides clean drinking water. Hopefully, Environmental 
Health will be able to test the water quality within the next month. If any further improvements are 
required this can be done within 1 month of planning permission being granted. 

Hygiene Provisions 
Toilets 

It has been proposed that 5 additional single cubicle compost toilets by constructed. The works are 
as follows; 

1. Clear brash - 1 day 

2. Collect and prepare wood for platform - 1 day 

3. Build platform - 1 day 

4. Build toilet cubicle - 1 day 

5. Fit interior - 2 days 



There are 5 toilets that require construction. Each toilet takes approximately 1 week to build for 2 
people. Therefore 5 weeks of work is required. This can be completed within 6 months of planning 
permission being granted. 

Greywater System 

The greywater system is already under construction. Trenches have already been dug, leaving the 
following still outstanding: 

1. Lay the pipes - 1-2 days 

2. Fill with gravel - 1-3 days 

3. Dig a swale - 1-5 days 

4. Plant willow - 1-5 days 

This is up to three weeks work for 2 people and should be finished by 3 months after planning 
permission, excluding tree planting which must be undertaken in the spring. 

Washroom 

The site of the washroom is currently a derelict building which requires repairs and fitting out. The 
following work needs to be done: 

1. Walls replastered - 1-5 days 

2. Windows and doors fitted - 1-5 days 

3. Stove and chimney installed - 1-5 days 

4. Water supply system built (this can piggyback off current system in kitchen) - 1-5 days 

5. Drains installed (already partially completed)- 1-3 days 

6. Sinks and shower installed - 1-3 days 

7. Hot water plumbing installed - 1-5 days 

8. Finishing - 1-5 days 



The project should take up to 6 weeks of work for 2 people to do. This should be completed within 6 
months of planning permission. 



